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Message Text 


UNCLASSIFIED 

PAGE 01 OUAGAD 01109 161740Z 

73 

ACTION OC-05 

INFO OCT-01 AF-06 ISO-OO CCO-OO SY-05 FBOE-OO /017W 

1 10797 

R 16163 1Z APR 76 

FM AMEMBASSY OUAGADOUGOU 
TO SECSTATE WASHDC 1347 
INFO AMEMBASSY ACCRA 

UNCLAS OUAGADOUGOU 1109 

DEPT FOR OC/PE: A/SY/NSU (SEABEES). ACCRA FOR RCO 

E.O. 11652: N/A 

TAGS: ACOM; ASEC 

SUB J : WATTS PROGRESS REPORT 

1 . DESCRIPTION: PER CENT COMPLETE: 

A. STRUCTURAL 

(1) GENERATOR SHED 100 

(2) ROOM NO. 7 95 

(3) TCU 90 

(4) ROOM NO. 2 50 

(5) ROOM NO. 4 20 

B. DESTRUCTION 

(1) WALL BETWEEN ROOMS NO. 1 & 2 100 

(2) DOORWAY TO ROOM NO. 3 75 

C. NEW TILE INSTALLED 

(1) ROOM NO. 7 100 

(2) TCU 100 

D. ELECTRICAL/NEW INSTALLATION 

( 1 ) GENERATOR SHED 40 

(2) TCU 90 

E. ELECTRICAL/REMOVAL OF OLD 

(1) ROOM NO. 7 I 100 

(2) ROOM NO. 6 60 

(3) ROOMS NO. 3 & 5 50 

(4) ROOMS N9. 1 . 2 & 4 100 

*. UNDER CONSTRUCTION 

(1) ROOMS NO. 1, 2, 3, 4, 5 & 6 
UNCLASSIFIED 

UNCLASSIFIED 
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2. ARRIVAL OF MISSING CONDUIT IS SUPPOSED TO COME ON 
APRIL'S SUPPORT FLIGHT FROM LAGOS BETWEEN 20 APRIL AND 
27 APRIL. 

3. UTILIZING SEVEN LABORERS DUE TO THE FACT OF MIXING 
CEMENT AND CONCRETE BY HAND AND HAULING IT BY THE BUCKET 
FULL TO INSIDE OF BLDG. 

4. WATER LEVEL IN OUAGAGOUGOU IS RATHER LOW SO DURING 
DAYLIGHT HOURS THERE ISN'T ENOUGH WATER. ANTICIPATE 
HAVING TO DRAW UP WATER AT NIGHT SO WE CAN MAKE CONCRETE 
THE NEXT DAY. 

5. PROGRESS UP TO THIS POINT HAS BEEN VERY GOOD. 

6. POST HAS NOT RECEIVED ACCOUNTING DATA FOR WATTS PROJECT. 

7. COMPLETION ESTIMATED MID JULY. WILL KEEP YOU ADVISED 
ON PROJECT. GRAHAM 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 16 APR 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976OUAGAD01 109 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 46-01 26 
From: OUAGADOUGOU 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760454/aaaabtia.tel 

Line Count: 80 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: oatisao 
Review Comment: n/a 
Review Content Flags: 

Review Date: 20 MAY 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <20 MAY 2004 by SilvaL0>; APPROVED <13 SEP 2004 by oatisao> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: WATTS PROGRESS REPORT 
TAGS: ACOM, ASEC 
To: STATE 
Type: TE 
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